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ORIGIN ARA-10 

INFO OCT-01 ISO-OO FBO-01 ( ISO ) R 

DRAFTED BY ARA/MGT/PM:JFMCKINLAY:HP 
APPROVED BY AR A/MGT : CW GROVER 
A/FBO:MPBOOKER (DRAFT) 

A/FBO:JAGRZYBEK (DRAFT) 

ARA/MGT/FM:GJKRIEGER, JR. 

006214 

R 151834Z NOV 73 
FM SECSTATE WASHDC 
TO AMEMBASSY KINGSTON 

UNCLAS STATE 225754 

E.O. 11652: N/A 

TAGS: ABLD, JM 

SUBJECT: EUREKA BUILDING 

REF: KINGSTON 3643; KINGSTON 3835; EMBOM 10/16/73 

1. DEPT AGREES IN PRINCIPLE TO RELOCATION OF NIV APPLICANT 
TOILET FACILITIES OUTSIDE BUILDING. SUGGEST GUARD HOUSE BE 
LOCATED TO IMMEDIATE LEFT INSIDE OF MAIN PUBLIC PERIMETER 
ENTRANCE AND CONTIGUOUS MEN'S AND WOMEN'S FACILITIES 
LOCATED IMMEDIATELY TO RIGHT OF THIS ENTRANCE. TOILET 
LAYOUTS SHOULD PROVIDE FOR BACKED UP WATER CLOSETS. COMMON 
SOIL PIPING, ETC. SUGGEST MINIMUM TWO W.C.'S FOR MEN. 

RELOCATE DOORS NEAR OPPOSITE ENDS OF FACILITIES. PROVIDE 
POSITIVE VENTILATION OF TOILETS. ADVISE COST THIS ARRANGE- 
MENT. 

2. DEPT AWAITING RECEIPT OF DRAWINGS OF INTERIOR PARTI- 
TIONING AND COUNTER DETAIL DRAWINGS ENTIRE EUREKA PROJECT, 
FOR REVIEW. ESSENTIAL RECEIVE DRAWINGS ILLUSTRATING 
COORDINATION OF AIR CONDITIONING AND LIGHTING WITH 
PARTITION LAYOUT. RUSH 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 15 NOV 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973STATE225754 

Document Source: CORE 

Document Unique ID: 00 

Drafter: JFMCKINLAY:HP 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: STATE 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: linkl 973/newtext/tl 9731 131 /aaaaawnv. tel 

Line Count: 51 
Locator: TEXT ON-LINE 
Office: ORIGIN ARA 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: n/a 
Previous Handling Restrictions: n/a 

Reference: KINGSTON 3643; KINGSTON 3835; EMBOM, 10/16/73 

Review Action: RELEASED, APPROVED 

Review Authority: boyleja 

Review Comment: n/a 

Review Content Flags: 

Review Date: 04 FEB 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <04-Feb-2002 by maustmo; APPROVED <26 FEB 2002 by boyleja> 

Review Markings: 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 

Secure: OPEN 

Status: NATIVE 

Subject: EUREKA BUILDING 

TAGS: ABLD, JM 

To: KINGSTON 

Type: TE 
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